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NOTIFICATIONS BY GOVERNMENT 
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PARTI EXTRAORDINARY 

AMARAVATI , WEDNESDAY , APRIL 19 , 2023 


GOVERNMENT OF ANDHRA PRADESH 
ABSTRACT 


WRD - GKLI 

Paidipalem Reservoir 

Up - gradation , Restoration 

and Protection of Paidipalem Reservoir near Paidipalem village of YSR 
District " Administrative sanction in relaxation of FRBM norms 

Accorded 


IIIII 


Orders Issued . 

WATER RESOURCES ( PROJECTS.III ) DEPARTMENT 


RIGHT TO 
INFORMATION 


From the Chief Engineer ( P ) , Kadapa Letter No.CE ( P ) / WRD / KDP / 
TS3 / AEE / GKLI / Paidipalem Reservoir , Dt.29.10.2022 . 

&&& 


Date : 14-02-2023 
Read : 


G.51 


In the reference read above , Chief Engineer ( P ) , Kadapa has 
requested the Government to accord administrative approval for the 
estimate for the work " GKLI- Paidipalem Reservoir Up - gradation , 
Restoration and Protection of Paidipalem Reservoir near Paidipalem village 
of YSR Kadapa District " for an amount of Rs.42.40 Crores . 


2 . 

After careful examination of the matter , Government , hereby 
accorded administrative approval for the estimate for the work " GKLI 
Paidipalem Reservoir Up - gradation , Restoration and Protection of 


Paidipalem Reservoir near Paidipalem village of YSR Kadapa District " for 
an amount of Rs.42.40 Crores in relaxation of FRBM norms , subject to 
condition that the CE has to examine the following before according 
technical sanction : 


The corrections of quantities , leads , rates and data proposed in 
the estimate . 


i ) 

ii ) 

iii ) 

As per the revised Sand Policy of the Govt . the Sand rate may 
be adopted . 

iv ) 


The designs , drawings and observed data may be got approved 
by the Competent authority . 


The provisions proposed in the estimate are to be verified by 
the CE / CDO . 


3. The expenditure shall be debited to the HoA i.e. , " 4700 - Capital 
Outlay on Major Irrigation - ( 01 ) Major Irrigation ( Commercial ) M.H.133 
GNSS GH 11 State Development Schemes S.H.26 Dams and 
Distributaries - 530 - Major Works / 531- Major Works " . 


4. The Chief Engineer ( P ) , Kadapa is therefore requested to take 
necessary further action accordingly . 


5. This order issues with the concurrence of Finance ( FMU.WR.II ) 
Department vide their FIN01 - FMUOMRAS ( WR2 ) / 157 / 2022 - FMU - WR - II . 
Comp . No. 1921356 , dated 13-2-2023 

6 . 

Copy of this order is available in the apegazette.cgg.gov.in website . 


( BY ORDER AND IN THE NAME OF THE GOVERNOR OF ANDHRA 
PRADESH ) 


To 

The Chief Engineer ( P ) , Kadapa . 

Copy to : 


SHASHI BHUSHAN KUMAR 

PRINCIPAL SECRETARY TO GOVERNMENT 


The Engineer - in - Chief ( I ) , Vijayawada . 

The P.S. to Prl.Secy ( WRD ) 


The P.S.to Hon'ble M ( WRD ) 

File No.1886684 / WRD . Project . III / 2022 . 
SF / SC 


// True copy :: By Order // 
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